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1.0 
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1.1 


1.2 


HTHPOSI 

\ 

This  document  establishes  tht  oontrol  procedures  required 
to  coordinate  the  Demonstration  Plan  presented  in  Volume  I 
of  this  dooument  and  pro  a  ants  ths  plan  and  procedures  for 
accomplishing  ths  tanks  associated  with  delivery  of  the 
Minutsaan  Weapon  System  Operational  Sites  to  the  Air  Poroe* 

K 


SCOPS 


This  volume  confines  itself  to  those  portions  of  demonstration 
and  delivery  not  covered  in  Volume  I. 


i  The  procedures  and  documentation  necessary  to  perform 

demonstration  and  delivery  are  explained  and  examples  of 

t 

I  the  forms  used  for  oontrol  are  oont&ined  in  attachments  hereto* 

i 

j 

I 

Particular  emphasis  in  this  volume  is  placed  on  organisational 
interfaces  during  demonstration  and  delivery,  and  the  forms 
and  paperwork  necessary  to  oontrol  or  activate  these  interfaces. 

1.3  PRSCKDISCK  OF  RBQUIRBOTITS 

In  case  of  conflict  between  this  document  and  other  contractual 
documents,  the  Integrating  Contractor's  Contract  Administration 
Unit  will  seek  olarifioation  from  the  Procuring  Con trao ting 
Officer* 
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2.1  DSTDIITIOVS 

2.1.1  Aoo.ptuio. 

|  Tta.  r.o.ipt  and  MkaovladfMMnt  of  d.liv.ry  of  a  proouraaaat 

I 

item,  (i.e.#  equipment  data,  services,  etc.),  from  tha 
Contractor  to  tho  Air  Faroe.  This  inoludos  determination  of 
compliance  with  configuration  and  demonstration  requirements* 

2. I# 2  Assembly  and  Chookout  (AACO) 

j  Tha  inspeotlon,  assembly,  ana  tasting  by  tha  Integrating 

Contractor  of  components  and  equipment  essential  to  tha  aisslla 
system. 

2«  1*  J  Construction 

That  period  whan  oontractor(s)  under  the  dlreotlon  of  tha 
Corps  of  Rngineere,  actually  construct  tha  facilities  and 
install  Real  Property  Installed  XquipsMnt  (XPIS), 

2.1.4  Demonstrations 

Tha  performance  of  a  taak(s)  for  tha  purpose  of  substantiating 
that  tha  equipment  and  related  technical  publications  neat 
functional  and  contractual  requirements  and  hare  bean 
properly  installed. 

J  2.1.3  loneonfomanoe  (NC) 

A  condition  whereby  tha  equipment f  services f  data  or  documentation 
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Nonoonfonune*  (HC)  (Continued) 
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I 


2.1P6 


I 

I 

I 

I 
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are  not  in  compliance  with  the  contraot* 

Subsequent  to  the  establishment  of  a  nonconformance  item, 
tht  Air  Foroe  Procuring  Contraot  Offloar  may  eleot  tot 

A*  Establish  a  "deviation"  whioh  la  tha  intentional  re¬ 
linquish! ng  of  a  oontraotual  requirement  by  tha  Proourinf 
Contraot  Agenoy* 

B.  Grant  a  "valvar"  which  la  tha  intentional  relinquishing  of 
a  oontraotual  requirement  by  tha  Procuring  Agenoy  at  tha 
tine  of  Air  Poroa  aooaptanoa  and  tha  rendering  of  tha 
DD  Pom  250.  Wai vara  must  ba  olaarad  by  tha  contractor 
at  a  apaoiflad  latar  data  ainoa  thaaa  a re  allowed  in  tha 
interest  of  expediting  turnover  for  operational  considerations* 

C*  Insist  that  tha  nonconfornant  condition  ba  oorreeted  prior 
to  delivery  of  tha  incraaiant* 

2nd  Item 

An  and  itaa  is  any  product  or  service  whioh  tha  Contractor 
agrees 9  under  tha  terms  of  ths  Contraot v  to  deliver  to  tha 
customer.  An  and  itaa  may  ba  a  oomplata  system*  a  Figure  A9 
a  part9  a  missile,  a  wing,  a  specific  quantity  of  spares,  a 
technical  publication,  a  report  or  set  of  reports,  drawings, 
data  or  items  oallsd  for  by  an  open  and  oontraot  or  miscellaneous 
purchase  order* 
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2.1.7 


Sngineering  Chung*  Proposal  (ECP) 


The  aediua  us  ad  by  tha  Contractor  to  propose  snd  rsoord 

Class  I  o hangs  s. 

2*1.8  Inorenent  of  Acoeptanoe 

An  Increment  of  Acospt&nc#  will  consist  of  sny  of  the  followings 

2.1.8.1  A  flight  consisting  of  a  Launch  Control  Paoility  (LCP)  with 
its  tan  (10)  related  Launch  Facilities  (LF)  including 
aissiles  less  re-entry  Tehloles* 

2. 1.8.2  The  oonneotions  required  to  interconnect  two  or  aore  flights. 


2.1.11 


Procuring  Authority 


The  Headquarters,  BSD,  Procuring  Contracting  Offioer  (PCO). 

|  2.1.12  Progr«..lT«  In.p.ction  *nd  Validation 

Inspection  of  equipment  and  ohaokout  of  all  elements  of  tha 
|  Weapon  3ystaa  accomplished  on  a  progressive  basis  prior  to 

i 

I  formal  demonstration. 

2.1.13  Heal  Property  Installed  Equipment  (RPIK) 

A  fixed  installed  missile  support  sub-system  or  item  of 
equipment  which  meets  both  of  the  following  crlteriai 

A*  It  is  a  common  standard  commercial  type  item,  or  is 
predominantly  composed  of  such  items. 

^  B.  Based  on  Engineering  sstimatea  and  prsvious  sxpsrisnos,  It 

!  is  reasonably  sxpsotsd  that  AfLC  oentralised  configuration 

accounting  and  oontrol  will  not  be  required. 

2.1.14  Site  (sometimes  rsfsrred  to  as  a  dsploymsnt  area) 

A  missile  site  is  defined  as  all  Launoh,  Launch  Control  and 
Supporting  Facilities  associated  with  one  or  mors  strategic 
missile  squadrons  looatsd  within  a  limited  geographical  area. 

2.1.13  Site  Aotivation 


Site  aotivation  begins  upon  receipt  of  TOAF  authority  to 
proceed  with  construction,  and  is  the  process  reouired  to 


2.1.15 


Sit#  Aotivstlon  (Continued) 


bring  a  missile  sit#  to  a  oondition  suitable  for  turnover, 
including  construction,  delivery  and  installation  of  all 
Asro-3paoe  ground  equipment  and  missiles ,  assembly  and 
oheokout,  final  acceptance  of  the  Weapon  System  and  turnover 
to  the  using  command. 

2.1.16  Site  Activation  Task  Force  (SA9AF)  Commander 

The  senior  UoAF  Officer  placed  in  charge  of  a  site  and  assigned 
the  responsibility  for  successful  activation  of  the  site; 
continuing  review  of  Contractor’s  progress;  negotiation  of 
joint  and  beneficial  occupancy  and  base  support  agreements; 
provision  of  common  administrative  services  to  USAF  detachments 
at  the  site;  and  operational  control  of  all  elements  of  the 
site  activation  task  foroe. 

2.1.17  Technical  Approval 

The  oertifioation  by  the  Technical  Approval  Team  of  system 
performance  and  adequacy  in  accordance  with  applicable  Weapon 
System  Speoi float! one. 

2.1.18  Teohnloal  Approval  Demons tr ati one  (TAD) 

Demonstrations  conducted  by  the  Integrating  Contractor  as  a 
basis  for  TAT  oertifioation.  Teohnloal  approval  demonstrations 
are  categorized  into  three  (5)  classes  as  foil  owe  t 
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Technical  Approval  Demonstration  (TAD)  (Continued) 


I  Claes  1  Formal  demonstration  of  maintenance  equipment 

utilizing  validated  and  verified  teohnioal  data 
and  oonducted  onoe  for  eaoh  wing  on  selected  items 

I  on  MGS  prior  to  the  turnover  of  the  SMSB  and  prior 

j  to  the  turnover  of  the  first  flight  as  appro priats. 

|  The  purpose  of  thess  demonstrations  will  be  to 

establish  the  adequacy  of  delivered  test  and 
handling  equipment  and  technical  data. 

I  Class  II  Formal  demonstrations  conducted  just  prior  to 

aoceptanos  of  tach  deliverable  increment  (flight  or 
squadron)  of  the  Weapon  System,  using  validated  and 
verified  technical  data  where  applicable.  The 
purpose  of  these  demonstrations  will  be  to  eetablieh, 
In  conjunction  with  Claea  III  demonstration,  the 
operational  condition  of  the  element  being  delivered. 

Class  III  Semi-formal  demonstrations  oonducted  during  the 

AACO  of  the  LF  and  LCF.  The  tests  witnessed  during 
these  demonstrations  will  be  those  normally  conducted 
by  the  AACO  Contractor  as  part  of  the  A&CO  task. 
Nember(e)  of  the  TAT  will  be  provided  an  opportunity 

to  witness  such  tests  on  eaoh  facility  which  are  not 

i 

feasible  to  duplicate  after  complete  tie-in  of  the 

j 

|  facility.  The  TAT  will  be  notified  no  later  than  one 

working  day  prior  to  the  demonstration  to  be 
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Technical  Approval  Demonstrations  (TAD)  (Continued) 


witnessed.  Vo  Contractor  effort  will  be  delayed  or  repeated 
due  to  the  absence  of  witnessing  TAT  personnel  onoe  prior 
notification  has  been  aoooapllehed, 

! 

j  2.1.19  Technical  Approval  Teas  (TAT) 

i 

i 

i 

An  Air  Force  teas,  chaired  by  the  SATA?  Commander  responsible 
for  witnessing  the  Contractor's  demonstration  of  eaoh  Weapon 
System  increment. 

2.1.20  Technical  Data  Validation 

The  prooess  by  which  technical  data  is  checked  against 
equipment  to  confirm  accuracy  and  sufficiency.  Validation 
will  be  accomplished  by  the  Contractor. 

i 

I 

2.1.21  Technical  Data  Verification 

i 

An  offioial  AFSC  motion  whereby  technical  data  is  aooepted 
after  validation  as  an  Air  Foroe  technical  publication. 

i 

2.1.22  Turnover 

Th«  actual  transfer  of  th«  ou.todlal  responsibility  for  an 
IncrM.nt  fro.  AfSC  to  th.  using  ooamand  (SAC). 

!  2.1.23  Weapon  3/ at  a. 


An  ln.tru.«nt  of  ooabat»  auoh  aa  an  air  vahlol.t  together  with 
all  related  aqulpa.nt,  both  alrbom.  and  ground  ba*«dt  th. 


Weapon  3/e tea  (Continued) 

ekllle  neoessax/  to  operate  the  equipaent  and  the  supporting 
facilities  and  serrioes  required  to  enable  the  instruaent 
of  ooabat  to  be  a  single  unit  of  striking  power  in  its 
operational  enrironaent. 
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3.1  OBIBAL  UBP0M8ZBILITIK 

The  Technical  Approval  Team  is  responsible  for  examining 
doouMntatlon  and  witnessing  demonstrations  of  eaoh  Weapon 
System  increment  to  verify  that  the  requirements  of  applioable 
Weapon  System  specifications  have  been  met,  Speoifio 
responsibilities  are  identified  in  subsequent  paragraphs  of 
this  document. 

3.2  COKPOSITIOI 

i 

In  addition  to  the  Chairman  (who  is  the  SATA?  Commander) ,  the 
I  TAT  oonsists  of  the  following  members!  SAC  Missile  Wing 

Commander f  and  SATA?  Deputies  fori  feigineering,  Contract 

t 

|  Adminlstr&tlonv  Logistic*!  and  Communications.  The  TAT 

i 

l 

i  Chairman  determines  the  appropriate  team  composition  for 

I 

witnessing  speoifio  demons tratione  or  activities.  Due  to  the 
j  expansive  geographical  deployment  area  and  the  rate  of  foroe 

build-up,  the  formal  TAT  may  be  supplemented  by  subordinate 
TAT’ s  as  dirsoted  by  the  SATA?  Commander. 

3*3  paociDuns 

The  Integrating  Contractor  Delivery  Team  Chairman  will  coordinate 
'  the  procedures  outlined  in  this  document  with  the  looal  SATA? 

{  Commander. 

I 

i 

!  3.4  APPLICABLE  RBPERHiCHS 

I 

The  paragraphs  oontalned  in  1.6  of  APBSD  Exhibit  61-32  outline 


RfevrsfcD 


no  D2-12996 


J)  M  JOOO 


PAGF 


3.4 


APPLICABLE  REFERENCES  (Continued) 


roftronots  only. 


I 


! 


I 


l 

i 

i 
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| 
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4.0  DELIVERY  AID  DW0R3TRATI0I  TEAM 

The  Delivery  and  Demonstration  Teas  appointed  by  Boeing  and 
chaired  by  Contract  Administration,  will  hare,  as  a  minimum, 
representatives  from  Quality  Control,  Finance,  Engineering, 
Customer  Servioc,  and  Base  Installations  (Program  Control, 
Production  togineering,  EUectronio  Test  and  Maintenance, 
Squadron  Assembly  and  Checkout).  This  team  will  organise 
not  less  than  sixty  (fo)  days  prior  to  the  first  incremental 
delivery  date  and  remain  in  existence  until  the  delivery  of 
the  last  increment  of  the  Wing, 

The  team  will  immediately  establish  schedules  as  depioted  in 
Figure  1  for  the  necessary  meetings  and  briefing  sessions  to 
compile,  prepare  and/or  review  the  required  letters,  forms, 
contract  documents,  technical  manuals,  records  and  Inventories 
for  presentation  at  the  Delivery  Conference. 

4.1  DELIVERY  AMD  DMORSTRATIOU  TEAM  COIMTTKK8 

The  Delivery  and  Demonstration  Team  will  appoint  committees  for 
demonstration  and  inventories. 

4.2  RESPONSIBILITIES  OF  DELIVERY  AND  DWOMSTRATIOI  TEAM  CHAIRMAN 

It  will  be  the  responsibility  of  the  Delivery  and  Demonstration 
Team  Chairman  to  assure  himself  through  coordination  and 
general  Team  meetings  that  the  committees  are  functioning  as 


speoifled  in  subsequent  sections  of 

this  volume. 
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RASE 


j  establish 
I  Dft.  team 


DD-/50 


C/A  CS 
QC  ET  &  M 
PC  SA4C  O 
PE 
FIN 
'  ENG 


I 
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r  1 

!  SUBMIT  TOC,  A 
PRELIMINARY 
N'C  LETTER 
|  ACCOMPLISHMENTS 
4  SHORTAGES 


INCREMENT 

DELIVERY 


BASE 

!  TEAM  REVIEW 
30  DAY 
I NPUTS  & 
SUPPLY  INFO 
CHANGES 
TO  C  A  FOR 
10  DAY  TWX 


j  CONTRACT  H 
I  ADMI N.  | 
j !  PREPARE  j 
!  j  DD-*50 
4  SUBMIT  TO  ! 

!  BOEI NG  OC  ; 

j  L_  .  ! 


|!  ESTABLISH 
p  CRITERIA  FOR 
' i  BASE  TEAM 


SEATTLE  SUPPORT 


1 

CONTRACT 
ADMINISTRATION 
SUBMIT  30  DAY 
LETTER  TO  AF 

_ _ I 


I  CONTRACT 
:  ADMINISTRATION 
I  SUBMIT  TWX  TO  A 

'  TO  AIR  FORCE 

i  _ 


DEJTBnr  AMD  DMOmnUTIOH  TEAM  45  OAT  MBTIMO 

A  Delivery  and  Demonstration  Team  Meeting  will  be  bald  forty- 
five  (45)  day*  prior  to  aaoh  iaoraaant  delivery  data  for  tha 
purpose  of  submitting  to  Contraot  Administration  preliminary 
information  on  nonconformancs  itsms  and  shortages  vhioh  will 
exist  at  tha  time  of  inoramsnt  deli vary. 

DXLIYEET  AMO  DWOKSTRATIOM  TEAM  30  OAT  MEETIMO 

This  is  a  formal  delivery  briefing  for  3ATAP,  TAT,  BSD,  OOAMA 
and  SAC  for  status  of  final  delivsry/turnover.  Tha  briefing 
will  inoludei 

A.  Fbraal  review  by  Boeing  on  all  outstanding  aotivitles 
remaining  to  be  performed. 

B.  A  review  of  the  nonoonformanoe  document  02-13001. 

C.  A  report  by  TAT  of  TAT  nonoonformanoe  report. 

0.  A  review  of  plans  and  sohedules  for  olsaranoe  of  nonoonformanoe 

items. 

E.  A  report  by  the  Inventory  Committee  of  the  Delivery  and 
Demonstration  Team  00 ve ring  status  of  inventories. 

At  the  oonolusion  of  the  Delivery  and  Demonstration  Team  30 
day  meeting,  Contraot  Administration  will  obtain  approval  of 
all  ageneies,  outlined  above,  to  deliver  the  inorenent  with  the 
presented  EC's  and  shortages  outstanding.  Said  approvals  will 
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4.4  DKLIVUKT  AID  DWOISTRATIOI  TEAM  50  DAT  NXETHO  (Continued) 

be  transmitted  to  AFPCO  with  the  request  for  delivery  CO 
authorisation. 

Contraot  Administration  will  propara  DD  250  fora*  for  submittal 
to  Boeing  Quality  Control. 

4.5  DELIVERY  COJfFBRKRCK  COKDUCTED  3  DAYS  PRIOR  TO  DELIVERY  DAT 

The  Dallrery  Coafereno*  ooaduotad  by  Deliveiy  and  Demonstration 
Team  chairman,  attended  by  SATAF,  TAT,  BSD,  00 AKA  and  SAC,  will 
use  the  following  agendas 

A.  Boeing  foraally  preeente  delivery  documentation  and  data 
and  Statement  of  Completion. 

B.  Air  Foroe  Sy steam  Command  present*  contractual  authority 
to  accept. 

C.  TAT  submits  Statement  of  Approval. 

D.  Delivery  of  Increment  by  DD  250  al£n~off  which  will  includes 
1.  Inventories 

2*  DD  1149  -  Transfer  of  Facilities  from  Boeing  accounts 
to  Air  Foroe  accounts. 


5.0  DELIVERY  DOCUMENTATION,  DATA,  DRAWINGS  AND  PAPERS 

5«1  The  St  at  went  of  Completion  prepared  by  the  chairmen  of  the 

Delivery  Demonstration  Team  for  formal  presentation  to  SATAP 
at  Delivery  Conference  to  signify  the  Increment  is  oomplete. 

5.2  The  Statement  of  Technical  Approval  prepared  by  TAT  for 
presentation  at  Delivery  Conference  to  signify  approval  of 
activities  leading  to  a  complete  Increment. 

5.3  The  Department  of  Defense  Form  DD  250  (see  Attachment  #5) 
completed  and  signed  is  evidence  of  acceptance  by  the  Air 
Force  from  Boeing  of  the  Increment. 

The  completed  DD  250  will  include  the  following! 

A.  Specific  provisions  of  the  oontraot  for  A&CO  activities 
and  site  motivation  tasks  required  for  aooeptanoe  of  the 
increment. 

B.  Items  of  equipment  not  previously  aooepted  by  the  Government 
during  sub-increment  and/or  demonstration  activities. 

C.  Statement  identifying  Boeing  Nonconformance  Documents, 
which  outlines  nonoonformanoe  with  oontraotual  require¬ 
ments  existing  at  the  time  of  the  Delivery  Conference. 

D.  Statement  of  oontraotual  authorisation  by  AIBC  to  permit 
aooeptanoe  with  open  nonoonformanoe  items  before  delivery 
takes  plaoe. 
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5.3 


(Continued) 


5.4 

i 


On#  other  Air  force  fora  will  be  processed  concurrently  with 
the  DD  250.  This  is  the  DD  1149  which  Is  necessary  to  transfer 
Facilities  froa  Boeing  accounts  to  Air  Force  aooounts. 

Inventories  of  the  Increment  will  be  submitted  concurrently 
with  the  DD  230  and  would  cover  applicable  Aero-Space  Ground 
Equipment  (AGE)  and  the  missile* 

DELITERY  PACKAGE 

The  Nonconformance  Document  submitted  by  the  Delivery  and 
Demonetisation  Team  will  beooae  a  part  of  the  "Delivery  Package" 
and  will  be  decimated  as  follows!  D2-13001,  "Ifonoortf ormanoe 
Records  -  Contract  Equipment  Delivery  -  Base  Assembly  A 
Checkout. "  Also  included  in  the  Delivery  Package  will  be 
contractual  documents »  Historical  Records,  and  Indentured 
parte  list  in  aocordanoe  with  DC  AS  61-67  and  AIBSD  Exhibit  61-11* 


i 

1 


6.0 


NONCQNPOHMANCI  TO  CONTRACT  R35QPIRKMENTS 


The  Boeing  Company  m  Assembly  and  Chaokout  Contractor  plana  to 
deliver  on  aohadula  and  items  that  am  oomplete  and  in  oonfor- 
manoe  with  oontraot  requirements.  However,  it  may  ba  nora 
advantageous  both  to  Boeing  and  tha  Air  Toros  to  dallrar  and 
items  with  nonoonformanoe  conditions!  aooeptanoe  of  whioh  may 
ba  subject  to  later  correction.  In  eaoh  auoh  instance, 

Contract  Administration  Department  must  obtain  PCO  approval. 

Base  Installations  -  Ninuteman  organizations  will  provide 
notification  to  Stagineering  as  specified  herein  (sea  Attachments 
1  and  2)  of  nonoonfomanoa  conditions  expected  to  ba  in  existence 
at  tha  time  of  delivery  for  operational  and  items.  Ihgineering 
will  maintain  contractual  documentation  of  tna  statue  of  non* 
oonformance  and  items  from  information  supplied  by  Manufacturing! 
Materialv  Base  Installations  *  Minutaman  (BI-Mf)»  «d  will 
initiate  corrective  measures  if  applicable.  Oontraot 
Administration  will  maintain  contractual  documentation  of 
the  status  of  shortages  from  information  supplied  by  base 
organizations.  The  Change  Board  is  the  coordinating  agency  for 
processing  Ihgineering  Change  Proposals!  (BCP's)  neoeesary  to 
oorreot  nonoonfomanoa  items.  BI-M  is  responsible  for 
coordinating  Company  notion  neoessaxy  to  resolve  shortage 
conditions. 

6.1  NONCCMTORMABCI  OR  BHORTAOB  ITM 

Any  end  item  that  does  not  satisfy  oontraot  requirements  is 
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EOECOHFOKKAKCE  OR  SHORTAGE  1TM  (Continued) 


labeled  a  nonconformance  item  or  shortage  classified  as  follow*  i 

A*  Contractor  nonoonfomanoe  item  (EC)*  A  contractor  noncon* 
fomanoc  exists  when  a  Contractor  cannot  fulfill  an 
A  A  00  oontraot  requirement. 

B*  Government  nonconformance  items  (OEC)i  an  end  item  or 
component <  the  design  of  which  is  the  responsibility  of 
the  Government  or  the  Government's  suppliers »  which  fails 
to  meet  Boeing  or  Government  oontraot  requirement* 

C*  Questionable  items  (q)s  a  condition  upon  which  an  agreement 
has  not  been  established  between  Boeing  and  the  A P  PCO 
as  to  whether  it  is  or  is  not  in  oonformanoe  with  applicable 
contract  requirements.  Resolution  of  suoh  items  shall 
result  in  the  items  being  deleted  or  revised  to  become  a 
numbered  EC  or  a  numbered  GEC  item  depending  upon  the 
result  of  negotiation  with  the  Government. 

D.  Government  shortage  item  (09) i  a  component  of  Government 
furnished  Equipment  (GIB)  which  is  not  available  at  the 
time  of  delivery. 

6.2  C0RRKTI0H  Of  EOECOEIOHHAECE  OTMS 

Corrective  motion  on  Eonoonformanoe  items  will  be  aooonpllshed 

by  approved  togineering  Change  Proposals  (SCP's)9  Contract 

Change  Eotloes  (CCE's)#  negotiation!  oontraot  credit,  and/or 


6.2  COBRKTIOI  Of  EOEOOBPOHMAICK  ITEMS  (Continued) 

DD  2$0  an  desoribed  in  applioabla  Aero-Spaoe  Division 
Operating  Prooedurea. 

6.3  DOCUMEETATIQE  OP  EOECOMPORMAJICE  ITEMS 

All  A  A  CO  nonoonfoxaanoa  itan*  will  ba  doouaented  in  D2-13001, 
Eonoonfoiaanoe  Reoorda,  Contract  Equips ant  Dalirariaa  -  laaa 
Aoaaably  and  Chaokout.  Eaoh  nonoonfoxaanoa  itan  will  ba 
serially  nuabered  and  identified  bjr  oontraot  nuabar  and  nodal, 
specification,  drawing  and/or  part  nuabar  (Saa  Attaohaant#6  )• 
EC,  OEC,  and  Q  pages  will  ba  prepared  by  the  Contractor  and 
will  oontain  the  following! 

A.  A  atAtcaent  of  applioabla  oontraot  raquiraaanta. 

B.  A  daaoription  of  actual  oonditiona  and  raaaon  for  condition. 

C.  A  brief  outline  of  propoaod  oorreotirs  notion  inoluding 
ECP  notion  whan  applioabla. 

D.  A  reooaa ended  ooaplation  data  for  oorreotlva  notion. 

I.  A  atataaant  of  the  effeotiTlty. 
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7.0  SATA  nqpxiram 

Prior  to  USAF  aooaptanoo  of  an  Inoraaant ,  Booing  will  naka 
available  ourrant  hlatorioal  data  in  oonplianoa  with 
AfIBS  Izhlbit  61-32. 

Maintananoa  Baoorda,  Calibration  Statua,  Pralininaigr  fonoon- 
fomanoa  and  AFQC  Slaorapanoiaa  will  ba  aoounulatad  and  than 
rariavad  tgr  1QC-AFQC  on  a  prograaaira  baaia. 

Tha  Aaaaably  and  C ha  ok  out  doounanta,  nanuala  and  AITO  hlatorioal 
raoorda  uaad  bgr  Booing  during  all  phaaaa  of  aaaanbly  and 
ohaokout  will  ba  aalntalnad  in  a  o antral  looatlon.  Thia  natarlal 
will  ba  aada  aval labia  to  AfQC  and  tha  TAT  aa  raquirad. 

7.1  IPTEOKATSD  RECORDS  SY3TM 

Booing  will  aohadula,  aaquanoa  and  raoord  all  aaaaably  and 
ohaokout  aotirltlaa  bgr  tha  uaa  of  tha  Xntagratad  Baoorda  Syaten 
(US).  Tha  IBS  Foma  ara  oollaotad  bgr  Booing  Q.C.  and  ara 
ratainad  bgr  Booing  in  aooordanoa  with  oontraotual  raquiraaanta. 

Boa  Inc  will  prapara  and  Maintain  naintananoa  hlatorioal  raoorda 
(AITO  Foma)  aa  raquirad  par  AFBD  Inhibit  61-32  and  OCAS  61-67. 
During  A  A  CO  aotirltlaa.  AITO  Foma  207.  206,  209,  and  2  I 
will  ba  naintainad  Manually  in  tha  (fciallty  Control  Baoorda  Araa. 

Configuration  Idantifloatlon  Baoorda  (CH'i)  will  ba  naintainad 
bgr  tha  Ballabilltgr  and  Configuration  Accountability  Syataa. 

Purina  A  A  CO.  AITO  Foma  211  and  212  will  ba  praparad  and 
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XmNUTro  RECORDS  8T3TB1  (Continued) 


distributed  in  aooordanoe  with  DC AS  61-67  and  AF1BD  Exhibit 
61-32.  The  AITO  tone  will  be  retained  and  Maintained  tgr 
Boeing  until  delivery  of  the  inorenent,  at  which  tin*  dietribution 
will  be  aoooapllahed  in  aooordanoe  with  DC AS  61-67  end  AfBSD 
Exhibit  61-32. 

Air  Tore*  Q.C.  will  review  these  A  &  CO  records  aa  neoessaxy 
to  assure  Boeing  oonpllanoe  with  the  oontraot.  Theee  reoords 
are  to  be  nade  available  for  TAT  review.  If  any  defioienoies 
are  discovered,  the  SAT  AT  representatives  will  instruct 
Boeing  on  any  remedial  aotion  to  be  taken. 

7.2  UDERTURED  parts  list 

Boeing  shall  aaintain  a  Configuration  Identlfloation  Parts  List 
for  eaoh  Bad  I tea  down  through  the  interohangeable/repairable 
level  in  aooordanoe  with  the  requirements  of  AFBSD  Exhibit  61-11. 
The  Reoon  System  will  aaintain  information  for  the  Indentured 
Parts  List.  The  list  will  be  verified  by  APQC  and  aubaitted  to 
TAT  thirty  (30)  days  prior  to  the  soheduled  delivery  of  the 
Increment. 

7.3  AIR  P0EC1  QUALITY  COfTEOL  DISC  HEP AICT  REPORT 

Boeing  Quality  Control  shall  aaintain  reoords  on  all  open  APQC 
dlsorepenoiea,  progressively  through  to  the  completion  of  A  A  CO 
activities  for  an  Inorenent.  A  suanaxy  report  on  open  AVQC 
dlsorepenoiea  shall  be  prepared  on  the  Inorenent  and  submitted 
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7.3 


AIR  FORCE  QUALITY  OOVTROL  DISCREPANCY  REPORT  (Continued) 


to  the  TAT  for  approval.  This  raport  will  be  reviewed  with 
SATAF  a  niniaua  of  33  days  prior  to  aoheduled  aoceptanoe,  to 
enable  Bo e inf  to  eohedule  remedial  aotlon  to  be  taken  or  to 
enable  the  referral  of  controversial  items  to  the  Procuring 
Authority  (BSD)  for  notion  through  establiehed  R.  C.  Channels. 

T.k  "AS-MJILT"  DRA VIVOS 

Thirty  (30)  daye  prior  to  delivery,  Boeing  will  eohedule  and 
oonduot  a  review  with  SATAP/3AC  or  TAT  on  the  availability  of 
"as-built"  drawings .  Suoh  drawings  shall  refleot  modifications 
approved  by  the  CCB  during  A  A  CO.  If  any  disorepanoies  are 
noted,  the  TAT  will  initiate  corrective  aotlon  with  the 
responsible  agency.. 

7.5  CALIBRATION  STATUS 

Boeing  Base  Quality  Control  will  maintain  a  oontinuing  review  to 
insure  that  the  latest  Certifioatlon/Calibration  status  is 
reflected  on  maohine  reoords  for  all  pertinent  equipment  in 
the  Increment. 

Ten  (10)  days  prior  to  aoheduled  delivery,  BQC  will  prepare  a 
Calibration  Status  Report  (see  Attachment  #4).  The  report 
will  oonalst  of  (l)  a  list  of  equipment  whioh  has  oalibxation 
requirements,  (2)  the  dates  the  last  oallbration  was  completed, 
and  (3)  the  date  re-calibration  is  required.  This  report  shall 
be  reviewed  by  APQC  and  presented  for  review  and  approval  to 
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7.5 


CALXBBATIOI  STATUS  (Continued) 


the  TAT  5  dejr*  prior  to  delivery.  The  purpose  of  the  review  is 
to  assure  SATAT/SAC  that  all  equipaent  will  have  a  ainiaua  of 
50 of  calibration  tiae  regaining  at  the  tiae  of  turnover. 

7.1  TBCHVXCAL  DATA 

Thirty  (50)  days  prior  to  dslivex7f  Boeing  will  schedule  and 
oonduot  a  review  of  the  availability  of  all  teohnioal  data 
(Operating  and  Organisational  Teohnioal  Manuals t  Teohnioal 
Orders ,  Inspection  Manuals  and  Che ok  Lists  pertinent  to  the 
Inoreaent)  to  be  presented  to  SATAf/SAC  (see  Attaohnent  #■). 
Boeing  Cuatoser  Service  shall  prepare  a  list  of  all  data  to 
include  the  statue  of  eaoh  ltsa,  i.s.  validated  and  verified, 
preliminary  rslsaesv  intsrle  data,  sto.  This  require* snt  is  to 
assure  SATAF  that  the  using  oo— and  trill  havs  the  teohnioal 
data  needed  to  eaintain  and  operate  the  Weapon  Syeten  at  the 
ties  of  turnover* 

7*7  AFV  3PAHES 

Thirty  (30)  days  prior  to  delivery,  SATAF  will  oonduot  a  review 
of  the  availability  end  adequacy  of  configuration  of  eparee  in 
the  AJV  account.  Thie  review  will  cover  the  AOS  and/or  RPI1 
for  vhloh  Boeing  holds  ouetodial  responelbility  until  tiae 
of  turnover*  To  accomplish  this  review,  3ATAF  will  eubnit  an 
inventory  of  the  eparee  requiring  configuration  verification. 
Boeing  shall  determine  that  the  eparee  in  the  AFW  account  are 
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AW  3FABB  (Continued) 


oompatibla  with  the  Weapon  System  configuration  and  report  the 
results  to  SATAF. 

7.8  WEAPOK  ST3TM  LOCATIO*  REPORT 

Booing  shall  maintain  information  on  the  location  of  all  Figure  A 
or  equivalent  and  itama  for  aaoh  Sub-Inoreaent  and  progressively 
through  for  aaoh  Inoramant. 

Fifteen  (1))  days  prior  to  tha  aooaptanoa  of  an  Inoramant,  a 
Vaapon  Syatam  Location  Raport  by  functional  activity  within  tha 
Inoramant  and  by  Figura  A  number,  vill  ba  submit  tad  for 
3ATAF/SAC  ravisv.  Tha  format  of  this  raport  shall  ba  as  outlined 
in  AFB6D  Exhibit  6l-83t  Accounting  by  Location. 
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An  Invan to  17  Tana  shall  ba  formed  a  alnlaua  of  60  days  prior  to 
sohadulad  aooaptanoa  and  delivery  of  an  Inoraaant.  Tha  Boeinf 
chairman  and  othar  aaabara,  l.a. ,  Quality  Control,  Produotlon 
Inylneerlng,  a hall  ba  assigned  by  tha  Saaonatratlon  and  Salivary 
Taaa.  Tha  required  3ATAP/SAC  aaabara hip  In  tha  invan to ry  taaa 
will  ba  requeeted  through  tha  TAT  chairman.  Tha  Invan to ry 
Taaa  will  review  and  approva  tha  data  aaaoolatad  with  in van to  ry, 
oorralata  tha  Haa  inatallad"  li  ntory  to  tha  oontraotual 
raquiramamta,  aoooapliah  tha  phyaloal  invantory,  and  progressively 
priWbnt  tha  invantory  atatua  to  tha  Saaonatratlon  and  Salivary 
Taaa  and  tha  TAT  aa  dallnaatad  In  Plgure  2  flow  ohart. 

IKVEMTORI  HBQUIHBCTT8 

During  A  A  CO  activities,  losing  shall  maintain  a  progressive 
invantory  of  tha  aquipaant  within  tha  Inoraaant.  Yarificatlon 
of  tha  invantory  shall  ba  oontlngent  upon  ooaplation  of  tha 
activltiaa  llstad  balowi 

REAL  PROPERTY,  REAL  PROPERTY  DBTASLED  EQUIHBBT  AMS  CORPS  OP 
EROIVSBRS  IK8TALLEB  AOB  UmjfTORT 

Custodial  responsibility  for  tha  Baal  Pro  party  (IP),  Raal 
Proparty  Inatallad  Squipaant  (IPIB)  and  Corps  of  feiglneers 
Inatallad  AOI  will  ba  transferred  froa  tha  SATA?  Intarla 
Aooountable  Offioar  to  Boeing  by  SS  Porn  11^9  with  Invantory 
attaohaantn,  Tha  Invantory  attaohaant  to  SB  1M9  will  ba 
aaintalnad  procrasaivaly  by  Boeing  to  raflaet  any  work  aoooapllshed 


INVENTORY  TEAM 


8.2  SEAL  PBOPOffT,  REAL  PEOPEBTT  HSTALLKD  KQUIFKBET  AID  CORPS  OP 

BWVBH3  H3TALLKD  AOI  HVBWORr  (Continued) 

during  A  A  CO,  suoh  m  tha  Hiaoallanaoue  JPropoaala  (HP's) 
whioh  bar*  baan  prooaaaad  and  ooaplatad.  Tha  invantory  teas 
a hall  raviaw  and  approva  Pora  DD  1149  and  attaohnanta  and  aubnit 
It  to  tha  D— onatratlon  and  Salivary  Teaa  and  tha  TAT  at  tha 
Salivary  Briafing. 

8.;  BOEIRG  H3TALUED  AOI  IirTERTOHT 

Upon  inatallatlon  of  tha  AGE,  Boaing  will  lnitiata  Elaotronio 
Data  Prooaaaing  Maohlna  (EDFM)  Raoorda  dafining  tha  aqulpaant 
oonfiguration  and  looation.  EDFM  Raoorda  will  ha  aaintainad 
throughout  tha  A  A  CO  aetlvitiaa  by  uaa  of  tha  Rallabillty  and 
Configuration  Accountability  (Raoon)  Syataa. 

Forty-fiva  (45)  daya  prior  to  tha  aohadulad  aooaptanoa  of  an 
Inoraaant,  tha  SDPM  Hating  of  oonfiguration  and  looation  will 
ba  ooap&red  with  tha  lataat  rariaion  of  APB8D  Exhibit  60-60  aa 
aupplanantad  by  tha  lataat  CCB  ohangaa.  Any  oonfiguration 
diffaranoaa  will  ba  avaluatad  aa  poaaibla  nonoonfomlng  oonditiona. 

Thlrty-fiva  (35)  daya  prior  to  aohadulad  dal i vary,  tha  EDFM 
Invantory  Liata  will  ba  praaantad  to  TAT  for  prallalnaxy  approval. 
During  tha  55  day  period  bafora  dallvazy,  tha  Invantory  Liata 
ahould  ba  progr  oaalvaly  updatad  by  Boaing  to  raflaot  ohangaa. 

On  tha  Inoranantal  Dali vary  Day,  tha  Invantory  Taaa  a hall  praaant 
tha  updatad  Invantory  Liata  to  tha  TAT. 
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Coamenoing  3  day*  prior  to  soheduled  Dol ivory  of  on  Inoreaeat , 
the  Inventory  Teaa  shell  oonduot  a  physical  inventory  of  the 
equipaent  in  the  Increaent.  This  inventory  shell  ooapere  the 
configuration  of  the  installed  equipaent  with  the  EDFM  Inventory 
List  at  the  level  oalled  out  in  AFBSD  Exhibit  60-60.  This 
phyeieel  inventory  is  not  e  ooaplete  inspeotion  to  verify 
configuration,  but  is  oonduoted  at  the  "naae  plate"  level  to 
assure  that  the  equipaent  is  identified  as  that  oalled  out  by 
the  EDFM  Inventory  List.  Detailed  physical  inventory  activities 
of  the  Inventory  Team  will  be  scheduled  through  the  Boeing 
Delivery  Team  chairman  who  will  provide  the  neoessaxy  coordination. 

The  approved  inventory  lists  will  beocae  an  attaohaent  to  the 
DD  1149  vhloh  will  accompany  the  Fora  DD  250  evidencing 
aooeptanoe  of  the  Increaent,  and  will  define  the  equipaent  whloh 
is  being  transferred  to  the  Air  Fores  inventory  at  the  tine  of 
delivery. 
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D9SV3TRATI0N  COMMITTEE 


The  Demonstration  Committee  will  be  formed  sixty  (60)  days  prior 
to  the  delivery  of  the  first  Increment  as  delineated  In  Figure  3 
flow  diagram  and  will  remain  In  existence  until  dellveiy  of  the 
last  Increment  of  the  Wing. 

9.1  SUPPORT  OF  OTHKR  COWCTTVS 

The  Demonstration  Committee  will  be  supported  by  all  pertinent 
Boeing  organizations  in  its  preparation  for  the  45  day  and 
30  day  meetings.  In  particular,  the  Inventory  Committee  will 
support  the  Demonstration  Committee  prior  to  the  briefing  of 
SATAF,  TAT  and  SAC  which  oocurs  5  days  prior  to  Class  I  or  II 
Demonstrations. 

9.2  DEMONSTRATION  SCHEDULES 

It  will  be  the  responsibility  of  the  Demonstration  Committee  to 
see  that  sohedules  for  demonstrations  are  made  available  to  SATAF 
and  TAT.  The  Committee  will  see  that  notification  is  given  to 
TAT  ten  (10)  days  (see  Attachment  #  9)  and  twenty-four  (24)  hours 
(see  Attachment  #  7)  prior  to  any  demonstration  in  order  for 
TAT  to  assign  personnel  to  witness  the  demonstration.  In  addition, 


the  Demonstration  Committee  will  have  the  responsibility  for 
notifying  TAT  of  the  soheduled  briefing  five  (5)  days  prior  to 
Class  I  and  Class  II  demonstrations. 
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DEMONSTRATION  COMMITTEE 


9.3  VKAFOf  SYSTW  (Continued) 

tht  Kleotronio  Tot  and  Maintenance  Unit  to  conduct  the 
demonstration*  Tha  Demonstration  Committee  vrlll  establish  tha 
following  conditions  prior  to  demonstration* 

A.  That  tha  equipment  to  ba  demonstrated  id  oapabla  of 

completing  demonstration  activities  and  that  a  list  of  all 
A  A  CO  discrepancies  of  tha  aquipaant  la  avallabla  to 
TAT  and  APQC. 

B*  That  all  mandatory  BOP’s  and  MP’a  have  been  incorporated 
into  tha  equipment  and  facilities, 

C.  That  those  T.O. *s  r squired  for  the  demonstration  are 
available  and  have  been  validated  and  verified. 

Any  discrepanoias  involving  the  above  conditions  will  be  noted 
and  brought  to  the  attention  of  TAT  and  AFQC  prior  to  the 
demonstration* 

9*4  DEMOMSTKaTIOV  xovcoraiMAjrcB 

It  will  be  the  responsibility  of  the  Demonstration  Committee  to 
report  any  nonoonforming  oonditione  occurring  during  demonstration 
to  the  Chairman  of  the  Demonstration  and  Delivery  Teem  and  to 
fcigineering  for  possible  inclusion  in  D2-13001* 

9*5  COMPLETION  OF  DKMQNST RATION 

At  the  oompletion  of  the  sucoessful  demonstration!  the  demonstra¬ 
tion  team  will  direct  Boeing  Quality  Control  to  seal  the  equipment 
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9. 3  COMPLETION  OP  DWON3TRATIO*  (Continued) 

or  area  In  which  tho  equipment  is  located  until  d.livery  of  tho 
equipment  to  the  Air  Force. 

In  the  event  work  Bust  be  performed  on  the  equipment  after 
demonstration,  the  Coamittee  will  notify  AFQC  of  the  work  to 
be  performed  and  a* sure  their  presence  during  this  work.  The 
area  will  then  be  resealed. 
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HDEC  OF  ATTACHMENTS 


fiiafesz 

1.  Nonoonforaanoa  to  -714  Contrast 

2.  OoTomasnt  Nonoonforaanoa  to  -580  Contract 

3.  Contract  Administration  Haquiraaant  (DD  2 50) 

4.  MHUTEMAN  Program,  Contract  AF  04(647) -714  Calibration 
Sohadula  for  DAOI 

5.  XHUTBUN  Program,  Contract  AF  04(647)-7l4  Sohadulad  Daaonstration 

6.  Nonoonforaanoa  Doouaent 

7.  MHOTBUN  Prograa,  Centraot  AF  04(647) -714  Twenty- four  Hour 
Notioa  of  Deaonstration 

8.  An  Objeotlre  Srldanoa  Chaok  List  for  Weapon  Syataa  Delivery 
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PAC.fi  J4 


Toi 


lari  Child* 


MAfB 


ooi  R.  Podon  MAIB 

Subjaott  lonconforaano*  to  -71k  Contraot 


SXP  53  hao  not  boon  aoooapliahed  on  tho  Miaallo  Susponaloa 
Syatoa  at  Sit*  k-k. 

Thia  aoao  ia  to  aorro  aa  notifioation  that  thia  it* a  auat  bo 
liatod  in  tho  Moneonforaano*  Doouaant  aa  a  defioianoy. 


Jo  So  Whittanor* 
Super in tendon  t 
Quality  Control 
Maine troa  APB 


Thia  ia  a  roquiroaant  thirty  day*  prior  to  doaonatration. 


ATTACHMKKT  1 


Tot  Earl  Childs  HUM 

oo t  Ro  Psdon  MilB 

Subjooti  Oovsmaont  Monoonforaanoo  to  *5®0 


Prossuro  Tooting  on  tho  Surfs  Arrestors*  Fig.  HA"  1375  has 
not  boon  aooosplishsd  in  aooordanoo  with  tho  roquiroasnts 
sot  forth  in  tho  Contrast* 

This  aoao  is  to  sorrs  as  notification  that  this  iton  mist  bo 
1  is  tod  in  tho  Honoonforaanoo  Doouasnt  as  a  dsfioionoy. 


f.  E.  Vhittoaoro 
Suporin  tondon  t 
Quality  Control 

Nalaotrooi  API 


This  is  a  roquiroaont  thirty  days  prior  to  demonstration* 


ATTACHKOTT  2 


ctaraACT  inmnsTOATioM  REQUiREMarr 


This  unit  is  rsquirsd  to  provids  a  preliminary  DD  230 
to  Quality  Control  thirty  days  prior  to  dsnons trail on. 


ATTACHMENT  3 


THE  BOEHG  COMPART 
AWO -SPACE  DIYI8IOI 
GREAT  PALLS,  MONTANA 

March  21,  1962 


2-7014-523 


Tot  SATAN  (BSS-ie)-E 

Malaatroa  A  IB 
Montana 

Through i  CSD  #18  (RVH018A) 

Subjaati  MIRUTSUE  Profraa,  Contract  AP  04(647) -714 

Calibration  Sohadula  for  DACE 


Rafaranaai  BSD  Exhibit  61-52,  da  tad  February  25,  1962, 
Subjsott  "Proposad  Exhibit  Raquiraaants  for 
Damons  tratlon  and  Taohnioal  Approval,  Inrantory 
Aooaptanaa  and  Turnovar  of  WB  153d  Op# rational 
Sitaa  (Hardanad  and  Diaparsad)" 


1*  In  aocordanoa  with  paragraph  4,4.7  of  tha  abors  rafaranoad 
Dooumsnt,  firs  oopiaa  of  tha  Calibration  Sohadula  for  DACE  MCE 
ara  haraby  submit tad . 


THE  BOKDfG  COMPART 
Malms tron  Air  Foroa  Basa 


C.  L.  Pops joy 

Basa  Managar 


This  Calibration  Sohadula  is  prorldad  fiftaan  days  prior  to 
damonstration. 


ATTACHMENT  4 
PACE  1  of  2 


March  21,  1962 


CALIBRATION  3CHEUDLE  FOB  MQS 
UPS  (MDCI-OP  OILY) 


WlBW 

Np^enolature  Serial  § 

Tested 

fie 

642 

Optical  Alignment  Group 

)-26-62 

5-10-62 

695 

To* ter,  Portable,  06C  Coupler 

3-25-62 

5-23-62 

3013 

Teet  Set,  Couand  Control  Coneole 

3-13-62 

5-13-62 

3092 

Teet  Set,  S&I  Portable 

3-20-62 

5-20-62 

3109 

Test  Set,  Alara  Set,  R.P. 

3-22-62 

5-22-62 

3113 

Test  Set,  Decoder,  SAP 

3-15-62 

5-15-62 

4012 

Test  Set,  SCH  Portable 

3-7-62 

6-7-62 

4)88 

Taat  Sat,  Stf/HVC,  PorUbla 

3-9-62 

5-9-62 

4487 

Simulator,  Mechanioal  Decoder 

3-12-62 

5-12-62 

4489 

SCH  Test  Message  Generator 

3-14-62 

5-14-62 

4490 

Simulator  Kit,  Bleotronio,  Missile 

3-16-62 

5-16-62 

4491 

Start-Up  Unit,  LF 

3-19-62 

5-19-62 

ATTACHMENT  4 
PAGE  2  of  2 


IKK  some  COMPACT 
AKBO-SPACB  DIYISIOI 
OHKAT  PALLS,  MOItAKA 


MARCH  26,  1962 


2-7014-J22 


Tot  SATAP  (BSS-IS)-K 

Mains troa  APB 
Montana 

Through!  C8D  #18  (JWB018A) 

Subjeoti  MZMUT1MAB  Program,  Contraot  A?  04(647) -714 

Soheduled  Doaonatration 


Referanoei  BSD  Exhibit  61-52,  dated  February  25,  1962, 
Subjects  "Proposed  Exhibit  Requirements  for 
Doaonatration  and  Taohnioal  Approval,  Inventory 
Aooaptanoa  and  Turnover  of  VS  1 JJA  0 pa rational 
Sitaa  (Bardanad  and  Dlaparaad)" 


1.  This  ia  to  adviaa  you  that  tha  Launch  Facility  End-to-End 
Teats,  as  outlinad  in  paragraph  2.6. 5*1  of  tha  abova  mentioned 
Doouasnt,  will  ba  danonatratad  at  Site  A-4  on  April  4,  1962  at 
0800  hours. 


THE  BOEIIG  COMPACT 
Malaatroa  Air  Poroe  Base 


C.  L.  Pope joy 

Base  Manager 


This  notlfloatlon  of  doaonatration  ia  a  requirement  per  61-52 
tan  days  prior  to  doaonatration* 


ATTACHMENT  5 


MINUTEMAN  NONCONFORMANCE  ITEM 


Contract  Number:  &  <*(647)-7i4 

Croud  2-7016  Design  bigr.  Liaison  (MAfB) 


Nonconformance  Number: 

DAOS  HC-1 

ItOWjl  Squadron  1 »  flight  HAM 
"  sito  a-4(iujb) 


Sjwdfjcatjon:  kp-2581 


Paragraph:  u2,  p^i 


Requlrtmtnti  3n  Supplemental  Pag#  HC-la 


Nonconformance  to  Requirement: 

Braokota  hare  not  b#«n  drillad  at  A- 4 


i 


t 

i 


i 

i 


Reason  for  Nonconformance 

law  drill  teaplata  not  rsoaivad.  Original  teaplate  was  daaagad  at  3ite  A-5» 
Tha  balanoa  of  ths  flight  oan  ha  delivered  as  required  per  oontreot. 

ActlOnt  3h  Supplsaental  Page  WC-la 


Proposed  Effectlvltyt  flight  A  (Site  4  only)  Squadron  1 
Approved  Effectlvltyt 


Reference  and  App 


ATTACRMDT  6 , 

PASS  1  of  4 


JIMf/tV 
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REVISED 


REVISIONS: 


MINUTEMAN  NONCONFORMANCE  ITEM 


HEQDIBDIKRi 


ACTIO! i 


KvtSSD 


Suppltmtnt  to  Paqe>  ic-u 


The  25-18727-6  pirti  installed  by  tha  C  of  E  contractor  auat  bo 
reworked  to  tha  25-18727-11  configuration.  (Drilling  operation 
on  all  of  the  Lower  8upport  Brackets  of  the  Mlaaile  Sue pension 
Systee,  25-18727-6. 

1.  Teaplate  sohedule  to  be  on  base  April  16,  1962. 

2.  Drilling  operation  will  be  oonpleted  on  April  20(  1962. 

5.  Adainistretlve  authority  ia  requested  to  deliver  Flight  HAM 
with  the  above  nonoonforaanoe. 


MM 


I  voc 


sac 


ARAOHMOTT  6, 

PAG!  2  of  4 


U]  «JM  1000 


RwUjsut 


M1NUTEMAN  NONCONFORMANCE  ITEM 


Contract  Number*  » 


Croupi  2-7016  Design  Bjgr.  Liaison 


Nonconformance  Number* 


DAOK  0*0-1 


Item:  flight  "A"  Squadron  1 


S pacification*  a rm  61-32 


Paragraph:  4,2  pag* 


Requirement  The  intersite  oontrol  and  ooaaunic&tions  system  will  ha 
ao  oepiafTTbh  ooaplstlon  of  tba  oable  termination  and  ohaokout  phage.  Pressure 
shall  be  maintained,  eto. 


Nonconformance 


ulremenb 


Cable  ijitas  will  not  retain  pressure  required  and  teats  oannot  be  made  to 
verify  correct  installation  and  adjustment* 

Reason  for  Nonconformance* 

See  Supplemental  Page  GUfC-la* 


Action: 

See  Supplemental  Pag*  ONC-la 


Plight  "A"  Squadron  1 


Reference  and  At 


ATTACHMENT  6, 
PAOI  3  of  4 


MINUTEMAN  NONCONFORMANCE  IHM 

Sunolwunt  toP«g»i  o»c.u 


maa.  lnB  *0»COMPBHAMC«i  Tha  oabla  lyitn  doaa  not  Met  the  prassuriaation 
rsquirsasnts.  An  axtanslTe  investigation  is  naoassary  to  datamina  tha  aouroa 
of  tha  troubls  and  to  aatabliah  tha  fix. 


Thia  oabla  system  oan  oparats  without  difficulty  for  90  days  without  attantion. 
An  additional  90  days  oould  ba  obtainad  by  flowing  dry  nitrogan  through  tha 
linaa  (saa  action),  Soaa  intarafaranoa  with  tha  oparation  of  tha  flight  will 
ba  lnourrad  during  tha  aocoapllahasnt  of  tha  aotion  iteaa  balow. 


ACTIO! i  1.  Work  has  bagun  to  looata  tha  difficulty, 
will  be  ooaplated  on  July  6,  1962. 


This  progran  undar  BCP  xx 


2.  Work  to  Install  tha  fix  as  astabliahad  abort  will  start  on  July  2), 
1962  and  will  ba  ooaplatad  by  August  31 t  1962. 

3.  Adnlnistratirs  authority  ia  raquastad  to  dsllTsr  this  and  itaa  with 
tha  abova  nonconforaanoa. 


ATTACHMENT  6, 
PACI  4  of  4 
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gaga  cm  LIST  IPR  WUPQI  3T3TBM  DILITUr 


1*  A  list  of  all  Vairsrs  pat  into  Wmiror  Doousent  and  aubnittsd  to  B.3.D. 
forty-fira  daya  prior  to  tumorar. 

2.  All  up-datsd  AJTO  fozvai 

A.  207,  206,  209  and  2*.  ato. 

B.  Configuration  Idantifloatlon  Haoord  (CIR) 

3.  (l)  Configuration  Idantifioation  Parta  List  for  aaoh  fed  I tan,  down 
through  ona  Indantura  abort  lowaat  ranora  and  rapl&ca  laral  par  61-11. 

4.  Haro  arailabla  aa  objaotira  aridanoa  all  Assanbly  and  Chaokout  HUH' a  and 
all  Oparation  and  Maintananos  MUR' a. 

5.  Hara  arailabla  aa  objsotiro  aridanoa  all  Aaaaubly  and  Chaokout  Prooaduraa. 

6.  In  van  to  ry  Shoots  Hating  aaoh  fed  Itan  baing  dalirarad  tjr  Part  Muabar, 
Nossnolsturs  and  Sarial  Busbar  with  location  no tad.  Alao  all  Portabla 
Bquipsant  and  Moblls  Kaintananoa  Oround  Iquipnant  will  ba  lie tad,  «, 


7.  Configuration  laport  liatlng  all  fed  Ztasa  baing  dalirarad  and  showing 
all  aqulpnant  oonpatibla  to  llatinga  in  Saotlon  II  of  60-60. 

8.  Haoord  of  all  aqulpnant  requiring  Calibration  and  Cartifioatlon  dataa. 

9.  Hara  arailabla  all  Aa-Bullt  Drawings  and  Prooaduraa. 


ATTACHMENT  8 


THE  BOBXM  OONPAKT 
ABO-SPACS  DIVISION 
GREAT  PALLS,  NOHTAHA 


April  2,  1962 


2-7014-324 


To 1  SATAP  (BBS-18)-* 

Malnstron  APB 
Nan  tan* 

Through  1  C8D  #18  (HVBOISA) 

Subjeoti  MXVOTBUI  Program,  Contract  AP  04(647  )-7l4 

Twenty-four  Hour  lotioa  of  Demonstration 

Referenoet  BSD  Exhibit  61-32,  datad  February  23,  1962, 
Subject!  "Proposed  Exhibit  Requirements  for 
Danonatration  and  Taohnioal  Approval,  Inventory 
Aooaptanoa  and  Turnover  of  VIS  133A  Operational 
Si tax  (Hardened  and  Dispersed)" 


1.  In  aocordanoa  with  the  above  rafaranoed  Document,  thia 
ia  to  advise  that  the  Launoh  facility  btd-to-lhd  Teat,  as  out¬ 
lined  in  paragraph  2.6. 3*1,  will  be  danonatratad  at  Site  A-4 
at  0800  hours  on  April  4,  1962. 


THE  B0EIE0  CCNPAHT 
Nalaatron  Air  Poroa  Base 


C.  L.  Popejoy 

Baaa  Manager 


Thia  twenty-four  hour  notioa  of  danonatration  is  a  requirement  par 
61-32. 


ATTACHNBnr  7 


